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BILL NO, S487-08- /X 


J 


SPECIAL ORDINANCE NO. S-27 /-J 


AN ORDINANCE approving the Contract 
for Amended Oakdale Neighborhood 
Drainage Improvements, Res. 435-86, 
between Bercot, Inc., and the City 

of Fort Wayne, Indiana, in connection 
with the Board of Public Works 

and Safety. 


NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL 


OF THE CITY OF FORT WAYNE, INDIANA: 


SECTION 1. That the Contract for Amended Oakdale Neigh-. 


borhood Drainage Improvements, Res. 435-86, by and between Bercot, | 


Inc., and the City of Fort Wayne, Indiana, in connection with 


the Board of 


the Contract 


Public Works and Safety, for: 


the Contract for Res. 435-86, Amended 
Oakdale Neighborhood Drainage Im- 
provements is described by the 
attached Resolution; 


price is Forty-One THousand Nine Hundred Eighty-Five 


and No/100 Dollars ($41,985.00), all as more particularly set 


forth in said Contract, which is on file in the Office of the 


Board of Public Works and Safety and, is by reference incorporated 


herein, made 


a part hereof, and is hereby in all things ratified, 


confirmed and approved. Two (2) copies of said Contract are 


on file with 


the Office of the City Clerk and made available 


for public inspection, according to law. 


SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 


approval by the Mayor. 





ete ake URE lie <a Pg SO 


Councilmember 





APPROVED AS TO FORM 


AND LEGALITY 





Bruce O. Bo 













erger, City Attorney 
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El) TAB DATE: JULY 23, 1987 i BIDDER: i BIDDER: BIDDER: i 


BERCOT, INC. i TOMCO CONSTRUCTION ; LAND, INC. i 


TGHBORHGOD DRAINAGE IMPROVEMENTS (AMD) RES. NO: 435-B4 
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AMENDED OAKDALE NEIGHBORHOOD DRAINAGE IMPROVEMENTS 
RESOLUTION NO. 435-86 


RESOLVED BY THE BOARD OF PUBLIC WORKS & SAFETY of the City of Fort 
Wayne, Indiana, that: 


Construction of a main sewer from its size and character 
is not only intended and adapted for use by property holders 
whose property abuts along the line of said sewer, but is 
also intended and adapted for receiving drainage from 
collateral drains already constructed or which hereafter 
may be constructed across the North Half of the Southwest 
Quarter of Section 14, Township 30 North, Range 12 East, 
in Allen County, Indiana. 


STORM SEWER: 


Beginning at a proposed manhole 130+ L.F. East of the 
centerline intersection of Fairfield Avenue and Englewood 
Court; thence West 1304+ L.F. to a”froposed manhole; thence 
South 150+ L.F. to a proposed manhole; thence East 175+ L.F. 
to a proposed manhole; thence South 35+ L.F. to an existing 
manhole. 


Said storm sewer shall be 12" in diameter. And said storm 
sewer with all its appurtenances shall be constructed in 
accordance with the plans, profiles and specifications now 
on file in the Department of Public Works and Safety of said 
City. 


Total cost of said storm sewer improvement project shall be paid for 
by funds from the City of Fort Wayne Sewer Utility Fund. 


The Board of Public Works & Safety shall reserve the right to eliminate 
any and all parts in order to keep the project within the allotted 
budget limits. 


The Board reserves the right to reject any and all bids for failure 
to comply with applicable laws and/or with the Instructions to Bidders. 
The Board also reserves the right to waive any defect in any bid. 


ADOPTED this lst day of July 1987. 


` 


BOARD OF PUBLIC WORKS & SAFETY 





Lawrence D. Consalvos, Director 





mns 


Helen Gochenour, Clerk 


AS 


p 


(enm; UF FUDLIU WUKKS and SAFETY à Z 
; ; INVITATION FOR BIDS/AWARD OF CONTRACT* - eee E 
(Non-Federally Assisted Construction) 


^ 
. 


Contract No; 








Resolution No: 435-86... 
Check if Contained Pages 
Cover Sheet 
Advertisement for Bids 
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l -s/2 ‘Schedule 
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Notes 1 and 2 
Non-Collusion Affidavit 
Bidder's Bond 
Certificate in Lieu of Financial State- 
ment Form 96A 
PB/1-PB/2 Specimen Form- Payment Bond `. : 
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Project Plans Drawing # Sy- 

General Specifications and Conditions 
Detail Standard Construction Standards 
WPCE Department, City of Fort Ravne 
/1-EA/4 Escrov Agreement : : 
Right-of-Way Cut Permit 

Notice to Proceed 

Change Order - Specimen Form 
APARTHEID Paucy 


DISCOUNT for 10 CALENDAR DAYS 20 CALENDAR DAYS | 30 CALENDAR DAYS OTHER 
PROMPT PAYMERT 1 = a 1 
(See Gen. Prov) 
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ACCEPTARCE OF BID/AWARD OF CONRACT 
CITY OF FORT WAYNE 
Board of Public Works & Safety 


Offer 


pate JUL 22 1987 


Bidder agrees to keep bid open for accep- CI 
tance for — — — —— (90 days unless 
othervise specified) 





Win Moses, Jr., Mayor 
AWARD 


Nata 


Compliance 
0.C.2/85 











ADVERTISEMENT FOR BIDS 
AMENDED OAKDALE NEIGHBORHOOD DRAINAGE IMPROVEMENTS 
RESOLUTION NO. 435-86 


The City of Fort Wayne, Allen County, Indiana, will receive sealed bids 
for construction at Room 920, City-County Building, until 9:00 a.m., Eastern 
Standard Time, on the 22nd day of July, 1987, at which time bids shall 
be publicly opened and read aloud. 


The work for which bids will be received includes furnishing all labor, 
materials, and equipment for the construction of: Oakdale Neighborhood 
Drainage Improvements - Resolution 435-1986 


Construction of a main sewer from its size and character is not 
only intended and adapted for use by property holders whose 
property abuts along the line of said sewer, but is also intended 
and adapted for receiving drainage from collateral drains already 
constructed or which hereafter may be constructed across the 
North Half of the Southwest Quarter of Section 14, Township 30 
North, Range 12 East, in Allen County, Indiana. 


STORM SEWER: 


Beginning at a proposed manhole 1304 L.F. East of the centerline 
intersection of Fairfield Avenue and Englewood Court; thence 
West 130+ L.F. to a proposed manhole; thence South 150+ L.F. 
to a proposed manhole; thence East 175+ L.F. to a proposed manhole; 
thence South 354+ L.F. to an existing manhole. 


Said storm sewer shall be 12" in diameter with all appurtenances. 


All work done in the making of the aforementioned public improvement shall 
be in accordance with the terms and conditions of the Resolution 
aforementioned and the plans, profiles, special provisions and specifications 
now on file in the Office of the Board of Public Works & Safety of said 
City all as provided for in an Act of the General Assembly of the State 
of Indiana, and in accordance with an pursuant to the provisions of all 
Acts and amendatory thereto and supplemental thereof passed by the General 
Assembly of the State of Indiana. 


And said improvements, with all appurtenances, shall be constructed in 
accordance with plans, profiles and specifications now on file in the Office 
of the Board of Public Works & Safety of said City. 


The total cost of said improvement shall be paid by funds from the City 
of Fort Wayne's "Sewer Utility Fund". 


The contract documents may be obtained from the Board of Public Works & 
Safety, Room 920, City-County Building, at a non-refundable cost of 
Twenty-Five ($25.00) Dollars. Checks for contract documents shall be made 
payable to the City of Fort Wayne; neither the Owner nor the Engineer will 
be responsible for full or partial sets of contract documents obtained 
from any other source. 


A/1 


No bid will be accepted from or contract awarded to any person, firm or 
corporation that is in arrears to the City of Fort Wayne, Indiana, upon 
any debt or contract or who has failed to execute, in whole or in part, 
in a satisfactory manner, any Contract with the City; or who is a defaulter 
as to surety or otherwise upon any obligation to the City of Fort Wayne, 
Indiana. 


No bid will be considered unless submitted on the printed Bid Form as bound 
into the contract documents. Each bid shall be accompanied by a bid security 
in an amount not less than five (5%) percent of the Bid. 


No bid may be withdrawn after the scheduled time for receipt of Bids for 
at least sixty (60) days to allow review of bids before announcing award 
of contract. The successful bidder will be required to furnish a 
satisfactory Labor and material Payment Bond and Performance Bond, each 
in the amount not less than One Hundred (100%) percent of the contract 
price. 


The contract documents contain all necessary information for bidders. 


The Owner reserves the right to reject any and all bids, to waive any and 

all informalities, to negotiate contract terms with the successful bidder, 
and the right to disregard all nonconforming, nonresponsive or conditional 
bids, if reject or waiver is in the best interest of the project. 


Contractors and subcontractors are required to pay not less than the 
prevailing wage rates established by the Indiana Department of Labor and 
included in the project specifications. Information explaining other 
prevailing wage laws, if applicable, are also contained in the project 
specifications. 


CITY OF FORT WAYNE, INDIANA 

Board of Public Works & Safety 

Baron R. Biedenweg, Director of Public Works 

Cosette R. Simon, Director of Administration & Finance 
Lawrence D. Consalvos, Director of Public Safety 
ATTEST: Helen Gochenour, Clerk 

PUBLISH: 3 July 1987 


10 July 1987 
(PUBLISH IN BOTH NEWSPAPERS) 
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INSTRUCTIONS TO BIDDERS 
Board of Public Works and Safety 
City of Fort Wayne, Indiana 


Non-Federally Funded Construction 


Ia Submission of Bids. Sealed bids will b 
by the Board of Public Works and Safety of the riis A 


Wayne, in the State of Indiana, hereinafter " " 

9 o'clock A.M. on the 22nd day of July HN wie deditum 
Office of The Board in the City-County Building, at which time 
the bids vill be publicly opened and read, for the following 
described work, as more fully set forth in the specifications: 
AMENDED OAKDALE NEIGHBORHOOD DRAINAGE IMPROVEMENTS 

RESOLUTION NO. 435-86 


SM A e RT NURSE RET GR I NAME NE CK NONUMAMPE SEC I a CAT 
a A E SETAN E SEN SORT SST TT RTE MRC IT NICA a ER T a deal, SOMMER TM, ee TUE 
PFE ea RES EM ISDST TS RECT at EE DES E 
pei MAE NST xo Te a cc a a ee eR 


2. inclusion of Clauses - If a clause in the Invitation 
for Bids (ITB) has & DOX [] beside it, the clause applies 
to the IFB only if it contains a check mark (y) or an "x", 
Any questions as to whether a clause is included or not should 
be referzec to The Board. 


3. Questions ss to Bid Document. If a bidder finds 
éiscrepancies in, or omissions from, the bid document òr has 
questions about the project, he should at once contact the ‘City 
Engineers. if the information requested or change made is 
substantive, The Board will issue an amendment to the solici- 
tation and will send such amendment to all potential bidders who 
have procured an Invitation for Bid (IFB). The Board and the 


City will not be responsible for any oral instructions. 


4. Award of Contract (Timeliness, Responsiveness, Respon- 
sibility). A contract resulting from the Invitation for Bids 
will be awarded to the lowest and best timely bidder who is 
also responsive and responsible. If bids are otherwise equal, 
award will be made to that bidder granting the largest prompt 
payment discount. 


5, Bid Requirements. All bids shall be endorsed vith 
the title of the work, the name of the bidder, and the date 
of mailing or presentation. All bids shall be filed in the 
office of The Board on or before the day and hour set forth 
above and stated in the advertisement, and no bid received after 
that time will be accepted. The Board will not accept any late 
filing regardless of reason, including delays in the mail. 


O.C. 2/85 DIM Tur 
B.O.W. Non-Fed 


All bids shall include the exact quantities of each 
item shown on the bidding form for each section of the work, 
and unless the IFB otherwise states, the total cost of the 
various sections shall be considered a lump sum bid. 


6. Examination of Bids For Responsiveness. After the 
bids are opened and read, The Board will examine then to deter- 


nine if they are responsive. In order to be responsive, the 
bidder must complete all blanks requiring completion, and must 
submit all information required to be submitted. Any alteration, 
erasure, or interlineation of the contract or the IFB may cause 
the bid to be determined non-responsive. Proposals which are 
unbalanced may also be determined non-responsive. oe 
However, The Board reserves the right to accept any 
bid, to reject any and.all bids, and to waive defects or irregu- 
iarities on- any DIG. i 


d. Determination of Responsibilitv. prior to awarding 
any contract pursuant to this Invitation for Bids, The Board 
rill make e Getermination of responsibility. An avard of a 
contract to a bidder shall constitute an affirmative Getermina- 


tion of responsibility. 


In reaching a determination of responsibility, The 
Board can consider among other factors: 


(a) The Contractor's record of integrity. 


(b) The Contractor's experience enc pest performance 
record in construction work. 


(c) The Contractor's financial status. 


(2) The Contractor's capability to Perform the 
Sroyect. .. 


(e) Whether the bidder is in arrears upon or in 
default of any debt, contract or other obligation 
to the City of Fort Wayne. ; 


(f) Whether the bidder is debarred from federal cr 
City of Fort Wayne contracts. 


(g) The bidders record in MBE/WBE compliance. 


(h) Whether the bidder is engaged in litigation with 
the City of Fort Wayne. 


Q.C, 2/85 I- 2 
B.O.W. Non-Fed 


à In arriving at a determination of responsibility, 
The Board may institute a pre-award Survey on any or all bid- 
ders. That pre-award survey may examine any of the consider- 
ations relating to a bidder's responsibility as set forth above. 
Bidders will cooperate with the pre-award survey tear.  Pailure 
to cooperate can result in a finding cf non-responsibility. 


Os. Prequalification - In addition to being timely, respon- 
sive,and responsible, a bidder must also be prequalified by 
the State Department of Highways or by City of Fort Wayne in 
order to be awarded a Contract. 

9. Bid Bond or Deposit. Each bid must be accompanied 
by a bond executed by the bidder and surety satisfactory to 
The Board, in a sum of _five percent (5 1) of the aggregate 


amount of the bid, but in no case less than $100.00; or the 
bidder may deposit with The Board in lieu of such bond, a 
certified check on a solvent bank in a sim of five percent (5 %) 
of the aggregate bid or proposal, but in no case less than 
$100.00, which certified check shall be payable to the City of 
Fort Wayne. The bid bond or certified check shall serve as a 
Guarantee that should the said bid be accepted by The Board, the 
bidder will, within ten (10) days after the time he is notified 
of the acceptance of the bid, enter into a contract with the cit 
of Fort Wayne for the work bid upon and give bond with surety to 
be approved by The Board, insuring the faithful completion of the 
CONCIACUC. 


in case a bid is not accepted, the obligation of the 
` said bond shall be null and void and the certified check will 
be returned to the bidder, as the case may be. In case a bid 
is accepted, and the bidder does not enter into a contract with 
the City of Fort Wayne for the work bid upon within ten (10) 
Gays after notification of award, then the obligation of the 
bond or the certified check shall be forfeited to the City of 
Fort Wayne for ascertained and/or liquidated damages for failure 
to enter into a contract. Provided that, the City's action in 
forfeiting the bond or retaining the certified check shall not 
preclude the City from taking any further action against the 
contractor to recover for all actual damage, the City has 
suffered. 


10. Sworn Experience Questionnaire, Plan and Fouipment 
uestionnaire and Contractor's Financial Statement (96A). Fach 
bidder will submit with and as part of its bid: (a) A complete 
Form 96A under oath; or (b) Have a complete Form 96A on file 
with The Board which shall be less than one year old in which 
case the bidder can instead submit a Certificate in Lieu of 
Financial Statement. 


O.C. 2/85 e Tem i 
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11. e d unents. In addítion 
to all documents previously mentioned as having to be executed 


and submitted as part of the bid, each bidder will be required 
as part of its bid to execute and submit the following documents 
as specified below: : 

(a) Non-Collusion Affidavit 
D (>) Prequalification Statement N/A 


(c) MBE/WBE Qualification Statement 
(d) Minority/Female Hourly Employment Requirements 
(e) Apartheid Policy 
12. ame o =S ed Materials or Zcus]. 


Where, in the specifications, one or more specified materials, 
trade names, or articles of certain manufacture are nentioned, 
it is done for the purpose of establishing a basis of durability 
and proficiency, and not for the purpose of liriting compe- 
tition. The bidder can submit other names of materials and, if 
the Director of the Board determines that, they are ecual in 
durability and sufficiency to those mentioned and cf a desicn in 
harmony with the work as outlined, then the bid vill be accepteg 
es responsive. However, if the Director of the Board determines 
that such materials are not equal, then the bid may be rejected 
as non-responsive. Consequently, bidders are advised to subzit 
any such request for changes or deviations in materials to the 
Director of The Board prior to submitting bids. Any zpproval of 
deviation will be by written amendment to the solicitation ane 
will be submitted to all bidders who have obtained IFBs. 


13. Minority Business terprise/Women Business Enterprise 
Recuirements. . 





(CONSTRUCTION) 


It “1s the policy cf the City of Port Wayne ‘that 
Minority Business Enterprises and Women Business Enterprises 
should participate to the greatest extent possible consistent 
with the State Law in Procurement Contracts awarded by the City 
of Fort Wayne. ; 


In order to fulfill: fhis policy; the City of Fort 
Wayne has adopted General Ordinance G-16-84 (Chapter 7 of the 
Code of the City of Fort Wayne) which sets participation coals 
for procurement contracts of at least 7% for Minority Business 
Enterprises and at least 2% for Women Business Enterprises. 
To meet the participation goals, a Minority Business Enterprise 
nay be either a prime contractor, sub-contractor, or a joint 
venture. : 


OC. 2/85 1- 4 
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is a business of 
which at least 51% is owned: and Controlled by minority group 


members.  ("Minority" means Black, Hispanic, American Indian, 
Asian, Pacific Islander, and Alaskan Native). The minority 
Owners must exercise actual day-to-day management, as well ag 
actively participate in management and policy decisions affecting 
the business. The contribution of capital, equipment or r- 


tise made by the minority owners must be real, substantiated and 
documented, 


W is a business of which 
at least 51% is owned and controlled by women. The women owners 


must excercise actual day-to-day management, as well as actively 
participate in management and policy decisions affecting the 
business. The contribution of capital, equipment or expertise 


made by the women owners must be real, substantiated and docu- 
mented, 


The contract for which this proposal/bid is prepared 
is governed by the MBE/WBE Ordinance. This form must be con- 
pieted in order to be responsive to this IFB/RFP. If the 
participation goal of 7% for MBE and 2$ for WBE are not net or 
exceeded in your bid or proposal, the reasons for this failure 
anc reasonableness and good faith of e*forts to meet this coal 
shall be evaluated in deterzining whether the bidder/offeror is 
responsible. 


A list of possible MBE/WBE contractors/suppliers are on 
file in the Compliance Office, Rooz 800, City-County Building, 
for Contractor review. : . 


TEE FOLLOWING IS THE UNDERSIGNED'S COMMITMENT TO TEE MBE/WRE 
GOALS OF TEE CITY FOR WORK DONE PURSUANT TO TEIS CONTRACT: 


P The undersigned firm certifies that it is an 
MBE/WBE Contractor (cross out inapplicable pro- 
vision). - ; 


For MBE specify percentage of minority ownership 





For WBE specify percentage of women ownership 


e. 





B. The undersigned certifies that they are a joint 
venture in which the following (MBE/WBE) firm 
(cross out inapplicable provision) is 
a Joint venture partner. 


O.C. 2/85 I- 5 
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The MBE/WBEZ firm (cross out inapplicable 


pro- 
vision) shall have $ participation (en- 
ployees) t participation (costs) in this 


project. 


Specify the percentage of ninority/women aet SÅR 
in tha MBE/WBE fira ti. (cross out Ae ye 
cable provision) 

















ce: The undersigned commits + of the total bid price 
as a subcontract to minor business enterprise parti- 
cipation. The MBE firms which are proposed as subcon- 
tractors are the following: 

Name of Firm Address of W i: 

Ly lpr OMSIEN ETid FT WBE See 

2. 

: Darucat 2t Wagner ut Ton Taf 

D: The undersigned commits | A i of the total bid price 
as a subcontract to women business enterprise participa- 
tion. The WBE firms which are proposed as subcontractors 
are the following: 
Name of Firm Aådress Type of Work 
e P Stingo rn | Peet 
2: ey Mazen ZW | e 
xs A ¢ f — 
Er Complete (1) and (2) below if participation goals 
of 7% MBE anc 2% WBE have not been net. 

Ts My Company cannot meet the participation 
goals for the following reasons: 

Ze We have taken the fcllowing steps in an 
attempt to comply with these participation 
goals: 

T "s ke, LR TL OS E URN EUREN eee ee I MD O C e aa 
.* BERCOT, INO." (attach additional sheets es necessary) 5 


" 6015 HUGUENARD ROAD 








FORTO NE a PUE B j Contractor 
E. By TEX ISI MD uM T ades UM 
EE | 
rå Its 94 e : Its 
DUC. 2/85 Tore 


B.O.W. Non-Fed 


14. 


ents. 
"The City's policy is to encourage a greater utilizatio 
minority and/or female employees in City construction aera. 
The Board has, therefore, adopted a minimum goal of 17% of the 
total work hours on each project to be expended by 
and/or female employees. ("Minority" shall include: Blacks 


Hispanic, Asian, Pacific Islander, American Indian or Alaskan 
Native.) 


The bidder shall state in "A" below the percentage of total 
work hours which the bidder and his subcontractors will employ 
and utilize women and minority employees on this Project. If a 
contract is awarded as a result cf this bid, the percentage 
figure set forth in "A" shall become contractually binding on the 
bidder. The successful bidder vill also be required to prepare 
reports for the City demonstrating compliance with thig percen- 
tage and will allow city officials access tc his records 
facilities and work site and to those of hig subcontractors to 
determine compliance. 


The bidder must fill in the required blanks in this clause in 
order to be responsive to this IFB. If the bidder does not 
meet or exceed the hourly utilization goal of 37$ rinority/fe- 
male participation, the reasons for this failure end reason- 
ableness and good faith cf efforts to meet this Goal shall be 
evaluated to determine whether the bidder is responsible. 


TEE FOLLOWING IS TEE UNDERSIGNED'S COMMITMENT TO MINORITY/FEMALE 
HOURLY UTILIZATION. 


A. The undersigned firm certifies that i+ will exploy 
and utilize minorities and females and/or vill ensure that its 
subcontractors employ and utilize minorities and females so 
that minorities and females will work at least [Tx of the total 
hours worked on this project. 


B. Complete (1) and (2) below if the hourly utilization 
figure set forth in "A" is less than 17%. 


82 My Company and its subcontractors cannot meet 
the 17% rininmum hourly utilization figure for the 
following reasons: 
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2. My Company has taken the following steps in an attexpt 





i to comply with the 17% hourly utilization figure: 
—— — M (ÓÀ Pr pon iiidilkes istituti ce sin eite ae e RISD 
RRR TTR SE ND SE ED FSR EE EL RE TET CUIU UR Kr a LEA MIROR HR 
SR ESSE SRE NUTT TE ER OR ET aT Otero OES ed DEN Se 
(attach additional sheets if necessary) m 
[NX 


BERCOT, INC. 
6015 HUGUENARD ROAD 


Contractor (FORT WAYNE, INDIANA 46808 5 


Its EEG ART ME C eT 





15; ecuire evaili Wac edule Payments - Purse 
to Indianą Code $-16-7-1. All contractors and subcontractors 
working on the project awarded pursuant to this contract shall 
pay the prevailing wage rates for skilled, seri-sxilled and 
unskilled laborers, workmen and mechanics. This wace deterzin- 
ation bas been made in accordance with the procedures get forth 
in Indiana Code 5-16-7-1. This determination. and the recuireó 
wage rates are available for exarination by any prospective 
bidder at The Board of Public Works and Safety, sth Floor, 
City-County Building, Fort Wayne, InCiens. : 

If a bider is awarded a contract as a resulti of this Invitation 
for Bids, he/she/it shall file & schecule cf wages or “cras 
provided by che (City. of Fort. Wayne, Gemonstratine corplience 
with the wage rate Geternmination. The successful prine con- 
tracter shall be responsible for obtaining schedules from all 
subcontractors. All schedules shall be filed before the con- 
tractor commences any work on the project. ; 


Penalties for failure to pay the prevailing wage rate ere set 
forth in Indiana Code 5-16-2-3. 


16. Site Orientation. A site orientation (will/will not) 
be conducted by the City Engineers. If such an orientation 
ås conducted, it will be held on the Gay of Fat ie 
commencing at __— o'clock __.M. at the site of the project. ~~ 


Regardless of whether a site orientation is 
or not, bidders are required to visit the site of the work, 
and inform ‘themselves fully of the conditions, under which the 
work will be performed. The bidders shall be responsible for ali 


conditions that.affect. the work, including, but not limited to 
all sub-surface conditions. 


conducted 
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O17. Pre-Bid Conference. The Board will hold a prebid 
conference to familiarize prospective bidders with the terms of 


the IFB and proposed contract, and to answer an esti 
conference will be held on . eis stions. This 


SU AeA IRON C Eod, nba ER e iom 
(date) (time) 

or at such date, tine, and place as The 
(place) 

Board subsequently determines. If the date and tine of the 
prebid conference is not set forth herein, The Board will notify 
all prospective bidders who have picked up bid packages of the 
Gate, time, and place of the conference. 


18. Performance Bond. The successful bidder, at the time 
of signing the contract will be required, at his own expense 
to furnish a bond guaranteeing faithful execution of the con- 
tract, in full amount of the contract price, executed by the 
bidder and a surety to be approved by The Board, on the bond form 
headed by The Board. The Performance Bond shall contain the 
following clause: "The said Surety, for value received, hereby 
stipulates and agrees, that no. change, extension of tine 
alteration or addition to the terms of the contract or to the 
work to be performed thereunder, or the specifications accon- 
panying the same, shall in any way affect its obligation on this 
bond, and it does hereby waive notice of any change, extension of 
time, alteration or addition to the terms of the contract, or to 
the work or specification." i 


19. Additional Bonds. If a bidder is awarded a contract he 
will also be reguired to execute vith surety, satisfactory to The 
Board; : | 


A. . Payment Bond. In the amount of payment to be made 
í under the contract. ; 
(3s. Warranty Bond. In the amount of the contract 


warrantying the contractor's performance of a 


period of one year after the date of the City's 
acceptance. 


20. Councilmanic Approval and Ratification of Contract. 
This agreement, although executed on behalf of the Owner by 
the Mayor and The Board, shall not be binding upon the owner 
unless, and until, the contract has been ratified ang approved by 
the Common Council of the City of Fort Wayne, Indiana. And if 
the Common Council fails to approve the contract within ninety 
days after the date of bid opening, then the Contractor shall not 
be bound to the contract unless he/she/it elects to be so bound. 


21. Method of Contract Avard. The contract resulting 
from B IFB will be awarded: 


A. On an all or none basis. 

[] B. As follows: 
a ARR de Rar det E DELI E ELM MT MM od 
EERE Un. TEESE SER N EE ao MEGA, Aha TRATES Vou E UL See, SER ED 
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SCHEDULE 
Board of Public Works & Safety 


The Contractor agrees to furnish at his/her/its own cost all labor, insurance, 


materials, equipment and power for the complete performance of the following 
project: 





RESOLUTION WO 435-86 





All work will be performed in accordance with: Resolution # 435-86 the IFB, 
this contract and the applicable plans, specifications and drawings -for a- 
TOTAL PRICE OF $ . (1f unit prices are applicable, the contractor 
agrees to perform for those unit prices as set forth in the Schedule of Dnit 
Prices attached hereto.) ae ur cru NUS 
The work shall be commenced within ten (10) days. after the Board issues a 
written "Notice to Proceed". All work shall be completed within 45 
days after issuance of the Notice to Proceed. Those days which the contractor 
cannot work because of severely inclement weather shall not be counted. 


Liquidated Damages Provision. (This clause shall be applicable to this 
contract only if the box contains a checkmark or an "X",) It is hereby agreed 


by and between the City of Fort Wayne and Contractor that time is of the 
essence of this agreement and the contractor agrees that it will complete 
the project as herein defined on or before days after issuance of the 
Notice to Proceed. Tbe parties agree that it is a business and governmental 
necessity that the project be completed by this date, that it vill be difficult 
or impossible to make an accurate determination of tbe damages that would 
be incurred by the City of Fort Wayne, and therefore, provide for liqudiated 


damages in the sum of $ — per day for each and everyday after days 
after issuance of the Notice to Proceed that the project remains uncompleted. 
The parties agree that the sum of $ per day is a reasonable estimate 


as to the damages which would be incurred by the City of Fort Wayne. The 
parties further agree that causes beyond the control of the contractor may 
delay the completion date. Therefore, the parties agree that delays in the 
completion day beyond the control of tbe contractor shall not result in 
liquidated damages. 


Delays beyond the control of the contractor can include but are not necessarily 
limited to, the following: Acts of God, strikes, lockouts or industrial 
disturbances, acts of public enemies, restraining orders of any kind by the 
government of the United States of America or of the State of Indiana or 
any of tbeir departments, agencies, or officials, or any civil or military 
authority, insurrections, riots, landslides, earthquakes, fires, incapacitating 
storms, floods, and explosions. 


OFC. 92/85 


BOW/Non-Fed. 


IN WITNESS WHEREOF, the bidder(s) (a firm) by its Owner(s) named below, hereunto 
set their hand(s) and seal(s) this day of » 198 : 





Pirm Name: 





By: 





IN TESTIMONY WHEREOF, the bidder(s) (a corporation) has caused this proposal 
to be signed by its President and Secretary and affixed its corporate seal ` 
this day of jul 22 1987 3 195 > Ay 


_ABERCOT, INC. 
6015 HUGUENARD ROAD 
FORT WAYNE INDIANA 46808 





By: 
President 


ATTEST: 


DATE 7-2-87 


PROJECT NAME: Oakdale Neighborhood Drainage Improvements JUL 22 1987 


DESCRIPTION UNIT PRICE EXTENSION 
12" Class IV R.C.P. | Sfyjayo 
Type I-A or I-B Manholes ru) POPA °C 
7 fod ec 
Type II-C Inlet (3' x 3') lt EA. J 2€ 
#53 - #73 Special Backfill | Kgoplot 
12" Deep Strength Asphalt E DO ELTE 
Asphalt - Type A-2 Surface i | door a ees etc 
Concrete Curb Installed ATL pod OT 
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SUMMATION OF AA/EEO STATEMENT: 


I will be (circle one): 
We 1. Participating Member of 
(Få Fort Wayne Area Plan 
MN 2. Union Contractor 
3. Federal Register 
4. Percentage Participation 
Goal Statement Z 


NON-COLLUSION AFFIDAVIT 






The Bidder, by its Officers and 


Uu pPUM PEU e e MEE eN SA 


agents or representatives present at the time of filing this bid, being duly 
sworn on their oaths, say that neither they nor any of them have in any way, 
directly or indirectly, entered into any arrangement or agreement with any 
other bidder, or with any public officer of such City of Fort Wayne, Indiana, 
whereby such affiant or affiants or either of them, has paid or is to pay to 
such other bidder or public officer any sum of money, or has given or is to 
give such bidder or public officer anything of value whatever or such affiant 
or affiants or either of them has not directly or indirectly, entered into 
any arrangement or agreement with any other bidder or bidders, which tends 
to or does lessen or destroy free competition in the letting of the contract 
sought for by the attached bids, that no inducement of any form or character 
other than that which appears upon the face of the bid will be suggested, 
offered, paid or delivered to any person whomsoever to influence the acceptance 
of the said bid or awarding of the contract, nor has this bidder any agreement 
or understanding of any kind whatsoever, with any person whomsoever to pay, 
deliver to, or share with any other person in any way, or manner, any of the 
proceeds of the contract sought by this bid. "d 








this day of 


My Commission Expires: 





Notary Public 
Resident of County 








Zadok 
Subscribed and sworn to before me 
by this day of ; 
198 2 $1 "EB E 
My Commission Expires: 
eer E EI cU Ca og MOI t E qe. c E 


Notary Public 
Resident of County 


NCA-1 
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"AMERICAN STATES INSURANCE COMPANY 


INDIANAPOLIS, INDIANA 





AIO 


E 
E BID OR PROPOSAL BOND 


E Know all Men by these Presents, 


IE 
2l . 
: That we, BERCOT, INC. 





ob. ea EO ERNE Fort Wayne, Indiana 46818 (hereinafter called the Principal), 


E as Principal, and AMERICAN STATES INSURANCE COMPANY (hereinafter called the 


E Surety) , as Surety, are held and firmly bound unto... e-n nae e e GAT ARE Se 
| BOARD OF PUBLIC WORKS, CITY OF FORT WAYNE, INDIANA 





and the Surety bind themselves, their heirs, executors, administrators, successors and assigns, jointly 


and severally, firmly by these presents. 


SIGNED and SEALED his 229%: - «5 dopapduiy s. unl t 19 87, 


PALS CAV ENON CAE VENEGAS 


THE CONDITION OF THIS OBLIGATION IS SUCH, That, whereas the Principal 


has submitted or is about to submit a proposal to the Obligee on a contract for ------------------------------ 


OAKDALE NEIGHBORHOOD DRAINAGE IMPROVEMENTS 















NOW, THEREFORE, if the said contract be timely awarded to the Principal and the Princi- 
pal shall, within such time as may be specified, enter into the contract in writing, and give bond, if 
bond be required, with surety acceptable to the Obligee for the faithful performance of the said con- 
tract, then this obligation shall be void; otherwise to remain in full force and effect. 





a AA TAT WAAMAMAMAmAMAIA! 
i 


BERCOT, INC. 







Form 9-1027 











GENERAL POWER OF ATTORNEY 


American States Insurance Company 
INDIANAPOLIS, INDIANA 


KNOW ALL MEN BY THESE PRESENTS, that American States Insurance Company, a Corporation duly organized and existing under the 
laws of the State of Indiana, and having its principal office in the City of Indianapolis, Indiana, hath made, constituted and appointed, and does by 


these presents make, constitute and appoint__ 











(Jointly or Severally) 


ol Fort Wayne and Stele ol Indiana 
its true and lawful Attorney(s)-in-Fact, with full power and authority hereby conferred in its name, place and stead, to execute, acknowledge and 








deliver any and all bonds, recognizances, contracts of indemnity and other conditional or obligatory undertakings, Provided, 


however, that the penal stm of any one such instrument executed hereunder shall 





not exceed ONE HUNDRED FIFTY THOUSAND AND NO/100 ($150,000.00) DOLLARS ----------- 


and to bind the Corporation thereby as fully and to the same extent as if such bonds were signed by the President, sealed with the common seal of 
the Corporation and duly attested by its Secretary, hereby ratifying and confirming all that the said Attorney(s)-in-Fact may do in the premises. This 
Power of Attorney is executed and may be revoked pursuant to and by authority granted by Section 7.07 of the By-Laws of the American States 
Insurance Company, which reads as follows: 
“The Chairman of the Board, the President or any Vice-President shall have power, by and with the concurrence with the 
Secretary or any Assistant Secretary of the Corporation, to appoint Resident Vice-Presidents, Resident Assistant Secretaries 
and Attorneys-in-Fact as the business of the Corporation may require or to authorize any one of such persons to execute, on 
behalf of the Corporation, any bonds, recognizances, stipulations and undertakings, whether by way of surety or otherwise” 
IN WITNESS WHEREOF, American States Insurance Company has caused these presents to be signed by its Vice-President. attested by its 








Assistant Secretary and its corporate seal to be hereto affixed this BERTI 14 o ica day of June 


A Dito. Coes. AMERIC S MER ca, 
(SEAL) E XE eee f. 
T: A mn gi = 





ATTES Assistant Vice-President 


STATE OF INDIANA } SS: 
COUNTY OF MARION ; 





Assistant Secretary 





On.this 26ER uem day of June ,A.D., "woo RES, before me personally came 
dese Alanson Tsk Abel , to me known, who 








being by me duly sworn, acknowledged the execution of the above instrument and did depose and say; that he is a Vice-President of American 
States Insurance Company; that he knows the seal of said Corporation: that the seal affixed to the said instrument is such corporate seal: that it was 
so affixed by authority of the Board of Directors of said Corporation; and that he signed his name thereto under like authority. And said 


further said that he is acquainted with. Dan W. Guio — — . . and knows him to be the 
Assistant Secretary of said Corporation; and that he executed the above instrument. 
MY COMMISSION EXPIREO 
o:a 


February 5, 1929 Ca Ay c 
My Commission Expires Notary Public 
STATE OF INDIANA } ss: 
COUNTY OF MARION : 
I Dan W. Guio , the Assistant Secretary of AMERICAN STATES INSURANCE COMPANY, do hereby certify that 


the above and foregoing is a true and correct copy of a Power of Attorney, executed by said AMERICAN STATES INSURANCE COMPANY, which 
is still in full force and effect. 
This Certificate may be signed and sealed by facsimile under and by the authority of Section 8.03 of the By-Laws of AMERICAN STATES 
INSURANCE COMPANY which reads as follows: 
“All policies and other instruments of insurance issued by the Corporation shall be signed on behalf of the Corporation by the 
president or a vice-president and the secretary or an assistant secretary, whose signatures, if the instrument is duly 
countersigned by an authorized representative of the Corporation, may be facsimiles. Such signatures and facsimiles thereof 
shall be authorized and binding upon the Corporation notwithstanding the fact that any such officer shall have ceased to be such 
Officer at the time such policy or other instrument of insurance shall have been actually issued by the Corporation." 


In witness whereof, | have hereunto set my hand and affixed the seal of said Corporation, this Bea ne ea day of cs dul e s 


A. D., 19. 87 


(SEAL) Chee p a. e 


Form 9-1459 (8-80) Assistant Secretary 





CERTIFICATE IN LIEU OF FINANCIAL STATEMENT 





Position 6015 HU DU 
FORT WAYNE, INDIANA 46868 





hereby certify: 


i. 


19 ; now on file in the office of the Board of Public 
Works & Safety y reference incorporated herein and made a part hereof, 
is a true and correct statement and accurately reflects the financial 
condition of said company as of the date hereof: 


hat the Financial Statement of said company, dated the ey gee of 
» 
b 


That I am familiar with the books of said Company shoving its (finanetat) 
condition and am authorized to make this certificate on its behalf. <, i 


( /\ 


JUL 22 1987: 


Dated 





Epe 


Subscribed and sworn to before me, a Notary Public, in and for said County 


and State this day of 1 2 2 1997 1:198 








FREON 


GENERAL PROVISIONS * 
Board of Public Works and Safety 
(Non-Federally Funded) 


3 Tire and Progress. Time is of the essence of this 
contract. The contractor shall begin promptly after receipt 


of a written notice to proceed, and in no case later than ten 
(10) days after such receipt. Ee/she/it shall prosecute the 
work in such a manner as to cause no unnecessary delays. The 


time of beginning, rate of progress and tine of Completion are 
all essential elements of this contract. 


2. Payment. The Contractor will submit requests for 
payment on a claim form prescribed by the City, and attach 
to that claim form, his invoices for the work performed and 
accepted. 


BES Procress Payments and Retainace. The contractor 
may submit requests for payments no more often than every thirty 
(30) days for work performed and ‘accepted under this contract. 
if the contractor is in compliance with the provisions of this 
agreement, The Board will make payments for Buch work performed 
and completed, provided, however, that in any such case The Boarg 
will retain 5 % (ten percent (10%) if not otherwise specified) 
of the total amount owing to insure Satisfactory completion of 
the contract. -Upor final inspection ane acceptance of this 
contract, the contractor will be paid in full. However, if this 
contract is in excess of $100,000, this contract will be subject 
to an escrow agreement as provided in I.C. 5-16-5.5-1 end the 
standard Board of Works escrow agreement. When this project is 
WA*% (50% if not otherwise specified) Complete and the work has 
been promptly and properly executed, The Board, at its option, 
can waive or, reduce the retainage requirement. 


. 74. inspection. The Board, the City Engineers, officials 
of the Office of Compliance of the City of Fort Wayne, and any 
other City officials designated by The Board shall have access 
to the work sites and contractors! records at all reasonable 
times for inspection of the work performed under and in con- 
piiance with this agreement. 


Any inspection or failure to inspect by The Board or City does 
not relieve the. contractor of the obligation to comply vith 
all provisions of this agreement. £ : 


*NOTE: Those clauses of the General Provisions with the 
following box beside it (Q -will be applicable to the 
contract only if the box has a checkmark or yn in it. 
Any question about the applicability of a General 
Provision should be brought to the attention of 
The Board. 


O.C. 2/85 BP =) 1 
B.O.W. Non-Fed 


5. Warranty. The contractor fully warrants his work 


'' ‘for one (1) year after acceptance by Tha Board, and shall remedy 


at the contractor's own expense, any defects or problems occur- 
ring during that one-year period. In addition, The Board and the 
City shall be furnished with all manufacturer's and supplier's 
written guaranties and warranties covering materials and equip- 
ment furnished under the contract. 


6. Termination for Convenience. The Board can terminate 
this agreement for the convenience of The Board at any time by 
providing a written notice to the contractor. If the agreement 
is terminated by The Board pursuant to this clause, the contract- 
or will be paid only for the work performed up to the termination 
date. In the event of termination pursuant to this Clause, ali 
work, including any finished or unfinished documents, data, 
studies and reports prepared by the contractor pursuant to 
this agreement shall become the property of The Board of the City 
of Fort Wayne. 


7. Termination for Default. If the contractor shall 
fail to fulfill its obligations under this acreement in a timely 
and proper manner, The Board shall have the right to terminete 
this agreement for default, by written notice. If this agreement 
is terminated pursuant to this clause, The Board is not required 
to advance any further payments to the contractor. In tbe event 
ef termination, all work, including finished or unfinished 
documents, data, studies, surveys and repcrts prepared by the 
contractor shall become The Board's property. Termination 
pursuant to this clause is not The Board's exclusive remedy and 
will not prejucice the right of The Board to take any other legal. 
action against the contractor. . 


8. Chances. The Board may, at any time, by written order, 
make changes within the ceneral scope of this agreement. If 
any such change results in an increase or decrease in the cost 
of performance, time of performance, or any other material 
provision under this contract, The Board shail make an equitable 
adjustment in the contract price, time of performance, or other 
provision. Any claim by the contractor for acjustment under this 
clause shall be submitted to The Board in writing within thirty 
(30) days after the issuance of the chance order. 211 such 
change orders anc resultant compensation shall be incorporated as 
written modifications to this contract. Any dispute as to an 
equitable adjustment shail be referred to the Directer of Me 
Board for his final determination, pursuant to the disputes 
clause of this contract; provided, however, that the contractor 
will proceed with the work as changed, even if there is a 
dispute. s 
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9. Assicnability. The Contractor shall not assign or 
transfer any interest in this agreement, including by assignment 
or novation without the prior written consent of The Board 


10. Sub-contracting. None of the services covered by 
this agreement shall be sub-contracted or contracted out without 
the prior written consent of The Board. No subcontracts will 
be awarded to contractors who have been debarred or suspended 


from doing work for the City of Fort Wayne or federally-assisted 
contracts. 


11. New Quality Materials. All materials used by the 
contractor in the performance of this contract will, unless 
otherwise specified in writing, be new, of a merchantable 


quality, and in no case less than the quality required by the 
specifications. 


12. Permits and Licenses. The contractor shall secure 
at his/her/its own expense all permits and licenses necessary 
to the performance of the contract. Failure to secure a neces- 
sary permit or license shall constitute grounds for termination 
of the contract. 


13. Contractor's Insurance. ‘The contracter shall obtain 
and pay premiums for such public d4A5IIICY insurance, property 
Garage insurance, and workmen's compensation as willfully 
protect it from claims under the Indiana Werkmen's Compensation 
Act and from any other claims for damages tc Persons not covered 
by thet Act because cf bodily injury, including death which 
may arise from, or during the performance of the work described 
in this contract. The City shall be naned as an additional 
insured on each such policy. Proof of ali such insurance shall 
be presented to The Board. The contractor further agrees that it 
will indemnify and held The Board ane che City of Fort Wayne 
harmless from any loss, damage, liabil ty, cost or expenses 
incurred by the contractor, any of its agents, employees and 
sub-contractors, in the performance of this contract, as well as 
the failure of the contractor or of any egents, employees, or 
sub-contractors to comply with any of the provisions of this 
clause. : 


14. Contractor's otection of Work ang Safety. The 
contractor shall obtain adequate protection of all work from 
possible damage, and shall protect the City's property of all 
work from possible damage, and shall prctect the City's property 
from injury or damage arising from the work to be dcne under or 
by the contractor; ita employees, agents and sub-contractors 
during the construction. He/she/it shall take ali reason- 
able precaution for the safety of the employees on the job and 
shall comply with all applicable safety laws, building codes and 
ordinances. The contractor shall properly and fully guard ali 
excavations and dangerous places, and vill use &ll due and proper 
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precaution to prevent injury to any and all persons and pro- 
'perty. | : 


15. Lead Base Paint. The contractor will not apply any 
lead base paint, and will take ali necessary steps to reduce 
the hazard from lead base paint already on surfaces. Lead base 
paint is defined as paint containing more than six-one-hundredths 
of one percent of lead by weight in the total non-volatile 
content of liquid paint, or in the dried file of paint already 
applied, and shall include, cracking, scaling, peeling, chipping 
cr loose paint. Any surfaces to be painted shall be treated as 
necessary. Treatment involves washing, sand, scraping, wire-- 
brushed, or otherwise cleaned so as to remove cracking, scaling, 
peeling, chipping or loose paint back to sound surfaces, and 
repainting with two coats of suitable non-lead peint. If peint 
film integrity cannot be maintained, the surface must be covered. 


Lead base paint hazards involve all interior surfaces 
and those exterior surfaces readily accessible to children under 
seven (7) years of age, and contractor will take appropriate 
provisions pending the completion of the contract for the 
elimination of immediate hazards. 


16. Contractor's Clean-up. During contruction, and efter 
completion the contractor shall clean up ane remove all waste 
construction materials from the premises and will leave the 
premises in a clean and sichtly condition. 


17. Disputes. Ail disputes which arise under this contract 
which cannot be resolved between the. contractor and the City kili 
be referred in writing to the Director of The Board. The 
Director of The Board shall make a final decision in writing. 
The contractor will continue to perform the contract regardless 
Of the’ decision : : 


i 18. Prompt Payment scounts. In connection with any 
€iscount offered for prompt payment, time shall be computed from 
(1) -the date of acceptance by the City of performance bf the 
services or deliveries of supplies to the City, or (2) the date 
the correct claim form and invoice, or voucher is received in 
the office of the City division awarding the contract, if the 
latter is later than the date of acceptance of performence or 
delivery. For the purpose of computing, the discount earned, 
payment shall be considered to have been rade on the dete «he 
City check is mailed. 


19. Minorit usiness Ente se/Women Business Ente se 
Compliance (Construction Contract). This contract 

is governed by General Ordinance G-16-84, Chapter 7 of the code 
of the City of Fort Wayne, establishing participation goals 
of seven percent (7%) for Minority Business Enterprises and 
two percent (2%) for Women Business Enterprises of the total 
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yearly dollar amount of construction contracts awarded by the 
City of Fort Wayne. The terns "Minority Business Enterprise 
and "Women Business Enterprise" are defined in the O ce 
and in the MBE/WBE Statement of the IFB/RFPP. The contractor 
agrees that in perforning this Contract it/he/she will neet 
or exceed tha certification of participation set forth in the 
MBE/WBE Statement in the IFB/RFP. Failure to meet or excaed 
the smallest of the following: (a) 7% MBE or 2% WBE; or (5) 
the participation certification, without justifiable excuse, 
can be grounds for termination of this contract for default 
and shall be considered in evaluating contractor's responsibility 
on future contracts. The contractor agrees to cooperate with 
and provide all documentation requested by tha City in nonitoring 
the contractor's compliance... After completing the work called 
for in the contract, the contractor. will submit to the ci 

an accurate certification setting forth the MEP and WBE partici- 


pation in the contract. Pinal Payment shall not be made until 
this certification is received. 


20. -Discrimination Under diana Code syrer. 
This contractor agrees as follows: 


T That in the hiring of employees for the perfor- 
mance of work under this contract or any subcontract hereunder, 
no contractor, or subcontractor, nor any person acting on behalf 
of such contractor or subcontractor shall, by reason of race, 
religion, color, sex, national origin or ancestry, discriminate 
against any resident of the State of Indiana who is qualified 
and availiable to perform the work “to Which “the enploynent 
relates; š 


b...That ne contractor, subcontractor, nor any person 
on his behalf shall, in any manner, discriminate against or 
intimidate any employee hired for the performance of work under 
this contract on account cf race, religion, color, ser, national 
origin or ancestry; 


E. That there may be deducted from the amount payable 
to the contractor by the City of Fort Wayne under this contract, 
a penalty of five dollars ($5.00) per person for each calendar 
day during which such person is discriminated against or intimi- 
dated in violation of the provisions of the contract; and 


a. That this contract may be cancelled or terminateg 
bY 2ebe- City of Fort Wayne and all money due or to become due 
hereuncer may be forfeited, for a second OT any subsequent 
violation of the terms or conditions of this clause. 


Zs nti-Discriríne Under the Code c S£ Liv OT 
Fort Wevne, Section 15-17. In the performance of work under 
this contract or. any subcontract hereunder, the contractor, 
subcontractor, and any person acting on behalf of such contractor 


O.C. 2/85 GP 5 
B.O.W. Non-Fed 


3 


* 


er subcontractor, will not discriminate against any person who 


»** fis qualified and available to perform the vork to which the 


employment relates. 


The contractor, subcontractor, or any person actin 
behalf of such contractor or subcontractor will not Sipe ace 
the enforcement of this contract provision. 


The contractor, subcontractor Or any person actin 
behalf of such contractor or subcontractor will not Total ike 
against any person because of good faith, reasonable actions 
taken to overcone, alleviate, or report discrimination. 


Enforcement of this section shall be ¢ rough order of t 
City of Fort Wayne in the following manner: ; oe 


a. Whenever any member of the Division of the 
City of Fort Wayne awarding this contract, or whenever a Cor- 
pliance Officer of the City cf For Wayne has reason to believe 
that any of the provisions of this Clause and of Ordinance 
Sec. 15-17 have been violated, the matter may be referred to the 
Metropolitan Human Relations Comrission for investication ang 
initiation of discrizination charges against the contractor or 
subcontractor. Cases over which the Metropolitan Human Relations 
Commission has no jurisdiction shall be investigated by the 
Compliance Officer of the City. £ 


D. À final order of the Metropolitan Euman Relations 
Commission shall be forwarded to the Compliance Officer cz the 
City of Fort Wayne and to the Division awarcing the contract, 
which may invoke one of the remedies set -forth in subsection 
(C) of this clause. If it is a matte- over which the Metropo-. 
litan Human Relations Commission does not have jurisdiction, the 
Division awarding the contract shail conduct a hearing to 


Getermine whether there has been a breach of Ordinance Sec.15-17. 


c. If the Division awarding the contract determines 
that-a contractor, subcontractor Or any person acting on behalf 
of such contractor, or subcontractor, has violated the provision 
or provisions of Ordinance Sec. 15-17, whether discriminating, 
obstructing, retaliating, or otherwise, the Division awarding 
this contract may: 


(2) Deduct fren the arourt payable to the 
contractor by the City of Fort Wayne under such contract the sum 
of not less than Ten Dollars ($10.00) per day, nor more than One 
Thousand Dollars ($1,000) per day per each violation. Each day 
upon which the violation exists shall be Geened a separate 
offense. 
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c (2) The Division of the City awardi 

i contract may cancel or terminate this deat. and all oT 
due or to become due under the contract nay be forfeited ber 

a second or any subsequent violation of Section 15-17. 


22. Required Prevailing Wage Scale Payments. - 
tractor and all subcontractors shall, at Terese Pony feck 
prevailing wage rates for skilled, semi-skilled, and unskilled 
laborers, workmen, and mechanics, as required by the Indiana Code 
5-16-7-1 wage scale attached to this contract. The contractor 
and all subcontractor on this project shall file a Schedule cf 
Wages to be paid during the contract to laborers, workmen and 
mechanics prior to performance on the contract. During perfor- 
mance of the contract, the contractor and each subcontractor will 
meet or exceed his/her/its Schedule cf Wages for each position. 
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CERTIFICATION OF BIDDER/VENDOR 
C -BERCOT. INC, 





O 62S P CUENARG ROE " i 
The undersigned, on behalf of "ORI WAYNE INDIANA A6S05 


, does hereby make the following representations 





to the City of Fort Wayne; Indiana. 
| WEEREAS, it is acknowledged that the Common Council 

of the City of Fort Wayne, Indiana, has passed an ordinance con- 
demninc the apart rtheicd policies of the country of South Dionica: 

WEEREAS, Council's ordinance requires the 


irms or corporations submitting biós to the City 


Se yV CES o Cert Ty Ee pert bf the bias Ehet Such ‘entstwv 6 = 







Stpport the policies of apartheid in South Africa. BERS 


E 6015 HUGUENA; 
The vnGersicgnec states, on behalf of FORT WAYNE, IND: 


23 


C 












x A o ——————— 
, NO: 
: BERCOT v 
, Thee IC go ROAD 
F RIS wW AYNE, INDIANA 46 
Goes nct support or enderse the policy of aparthei in South Afeira. 


6) 


IN WITNESS WEEREOF, this Certification has been sicneg o 


e m JL22 1987 i 


, 








— 


 BERCOT IRTA UE ters 
Ui, INC. : a Er ES 

— «8015 HUGUENARD ROAD 
ORT W SYNE, INDIANA 4c: 


(Name of T : 
es LES DAI 


(Name anc Title of Perse: S2¢n1ng) 











[og exo 
Admn. Anor. 


t 


TITLE OF ORDINANCE Contract for Amended Oakdale Neighborhood Drainage Improve- 
* ments, Res. 435-86 


DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 


SYNOPSIS OF ORDINANCE The contract for Res. 435-86, Amended Oakdale Neighbor- 
hood Drainage Improvements is described by the attached Resolution. |^ — 


Bercot, (inc; ijs the contractor: s / = 
i j S ig SEER )(2 y. 
44 7-—2p-L 
































EFFECT OF PASSAGE __ Improved sewer conditions at above location. .— =- | 


EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $41,985.00 


ASSTGNED TO COMMITTEE 


BILLSNO.- 2863957250818 


CITY. UTILITIES 


REPORT OF THE COMMITTEE ON s 
UTC UERUORPWGTUR ON T Re TE ETE E DE 


CITY UTILITIES 


WE, YOUR COMMITTEE ON TO WHOM WAS 
GENE M eee EU OPEN RN 


REFERRED AN (ORDINANCE) (RESOLUDION). approving the Contract for 


Amended Oakdale Neighborhood Drainage Imorovements, Res. 435-86, . 
E ES ERN KM a Ip M MN E AE MP a eo a ce REM S isst p trc A S 


between Bercot, Inc., and the City of Fort Wayne, Indiana, in 


connection with the Board of Public Works and Sáfety : 


a E an a E E T a so 
SL Me T ee ee 
VEGEUS Te OO ILE gene emcee a amore ee ey eR 
CR CN He eam ap ok amy ea aes CM SAs a SE 
RD a na MNT COEM EMI Mu E ER DE ME Dr E ER re eo EE I SSD 
Pe cy ere eee eee LE EEEE E LR Lr UN o ME 


HAVE HAD SAID (ORDINANCE) (RESQUE EGNE) UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


` (RESGEHTXSN) 
Mo uw M Cu cm RM UM UN cci du o I quu cur 


YES NO 













: ACO CHARLES B. REDD 

CHAIRMAN Far Gad Se GNURCY Se ee eS 
PAUL M. BURNS 
VICE CHAIRMAN ; FEER FEE DEDIT 


THOMAS C. HENRY 


BEN A. EISBART 


CONI rt 1 S ERI Ria ig 
CONCURRED IN fast? SANDRA E. KENNEDY 


CITY ICLERK 


